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27 August 1957 


MEMORANDUM FOR THE RECORD 25X1A 
it 


SUBJECT: Concurrence in Amendment No. 2 to ,Contract No, Br-2022 
with Westinghouse Electric Corporation, Project 
(RAINBOW). 


1. This memorandum contains a recommendation submitted for 
approval of the Project Director. Such recommendation is set 


forth in Paragraph 4, 


2. Letter Contract No. BE-2022 and Amendment No. 1 thereto 
provide for studies and investigations of the probable effects 
of changes of certain variables on the operation of special 
systems for producing electromagnetic radiation. Amendment No. 

2 to the letter contract has been drawn to extend the date for 
definitising the letter contract. In lieu of fixing an extended 
definitisation date, the contract has been amended at the request 
of the Contractor to include the following stipulation which 
automatically extends said date end provides for termination of 
the letter contract upon thirty days notice by either party after 
15 august 1957. 


"In the event the definitive contract is not 
executed by the aforesaid date, this Letter 
Contract shall be automatically extended, except 
that either party shell have the right to terminate 
in accordance with ASPR 7-203.10 upon the siving of 
thirty (30) days notice to the other party," 


Since the Westinghouse Electric Corporation is a reputable Con 
tractor and has shown considerable interest in rtd ‘ght ace the 


termination provision is considered as a contract precaution 
which very unlikely would be exercised by the Contractor. 


3. Amendment No, 2 doss not r_etiditionel funds 
under thé letter contract. 


4. Concurrence in the issuance and execution of Amendment 


ee 88, 
$3 
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No. 2 to Letter Contract No. Bi=}2022 by the authorized Project 


Contracting Officer is recommended, 


“ey 


rojeot Contracting Officer 


CONCURRENCES: 
re 722 
Project Compt er 


25X1A 
Office of General Counsel 


Approval recommended in 
Paragraph 4, granted. 


RICHARD M. BISGELL, JR. 


Project Director 
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